Bruce 0. Boxberger, City Attorney 


BILL. NO. S-97-04- [7 


SPECIAL ORDINANCE NO. RØA 


AN ORDINANCE approving the Contract 
for Res. 6082-87 - Curbs, Drives 
and Walks on Woodhurst Blvd., between 
Tomco Construction and the City 
of Fort Wayne, Indiana, in connection 
with the Board of Public Works 
and Safety. 
NOW, THEREFORE, BE IT ORDAINED BY THE COMMON COUNCIL 
OF THE CITY OF FORT WAYNE, INDIANA: 
SECTION 1. That the Contract for Res. 6082-87 - Curbs, 
Drives and Walks on Woodhurst Blvd., by and between Tomco Con- 
struction and the City of Fort Wayne, Indiana, in connection 
with the Board of Public Works and Safety, for: 
the total replacement of curbing 
and partial replacement of drives 
and yardwalks on Woodhurst Blvd. 


from Fairfax Avenue to Tacoma 
Avenue - Bond Issue Phase II; 


the Contract price is Nineteen THousand Two Hundred Fifty-Three 
Gad No/100 Dollars ($19,253.00), all as more particularly set 
forth in said Contract, which is on file in the Office of the 
Board of Public Works and Safety and, is by reference incor- 
porated herein, made a part hereof, and is hereby in all things 
ratified, confirmed and’ approved. Two (2) copies of said Contract 
are on file with he Office of the City Frekk and nade available 
for public inspection, according to law. 

SECTION 2. That this Ordinance shall be in full force 
and effect from and after its passage and any and all necessary 


approval by the Mayor. sigh as E ee 





ouncilmember 


APPROVED AS TO FORM 
AND LEGALITY 





Read the first time in full and on motion by- EVI vr 
seconded by S , and do Bay Pr ad, the second time 
by title and referred to/th& Committee RPG je d the City 
Plan Commission for recommendation). and tk se to EG, he after 
due legal notice, at the Council Chambers,. er brenn å Building, Fort Wayne 


Indiana, on , the E ‘day of 
yak Polske R. B:s 


d 












r 





DATE: St 1 SP / 

| RA E. KENNEDY, 

Read the ird time im full and on motion b i eae 
seconded by , and duly adopted, placed on its 
passage. PASSED (BESTE? by the following vote: 

AYES NAYS ABSTAINED ABSENT TO-WIT: 
TOTAL VOTES Se he ee 
BRADBURY Oe Stan 
BURNS a PEN 
EISBART add | a. 
GiaQUINTA ad ae gt vr 
HENRY li vr 
REDD Zot sige 
SCHMIDT oe. Re a 
STIER øde, a 
TALARICO er ae 
DATE: to ‘acs Z 





SANDRA E. KENNEDY, CITY CLERK 


Passed and ađopted by the Common Council of the City of Fort 


Wayne, Indiana, as (ANNEXATION) (APPROPRIATION) (GENERAL) - 
(SPECIAL) (ZONING MAP) ORDINANCE (RESOLUTION) ay Sid 7 


on the NE DE day of prat 2 i Å 19 EZ : 


rå DÅ A, på 


SANDRA E. onder Å CTPY CLERK 





Presented by me to the Mayor of the City of Fort Wayne, Indiana, 


on the LALO aar of ye R i 
S BO | 


L 
at the hour of if r 2 o'clock <a OnE © Oeil 





SANDRA E. KENNEDY, CITY CLERK 


Approved and signed by me this fat day of aner å E 


-0 


19 87 sat the hour of YI o'clock pe NK SOS 


WIN MOSES, JR., MAYOR 


INVITATION FOR BIDS/AWARD OF CONTRACT* 


kad > 
ae (Non-Federally Assisted Construction) ' 
PROJECT: Woodhurst Boulevard RESOLUTION # 6082-87 
3 N 
IP Bond Issue co s 
Check if contained Pages l 
PREN S E OTRE OST EE N over Sheet 
yu Ke 9 MT TTT TH E 
FOG FOSTRE Schedule 
EE chedule o ems (Itemized Proposal 
4) |r =_6P7_| General Provisions 
EM a E EA pecial Conditions 


Plans and Sovecifications 


Drawing (if applicable 


ATTACHMENTS 


Ma 


Discount for prompt payment 





ETE TEE EEE TE REG DEN TER 
Acknowledgement of Amendments 






(See General Provisions Clause) 


Nop C Sion Å əf- 

Bidder's Bond 

Performance Bond 

Sworn Experience Questionnaire 

Plan and Equipment Questionnaire 
Contractor Financla tatemen O-A 
Certificate in Lieu of Financial Statement 
Prevailing Wage Scale - State of Indiana 
Payment Bond 

Warranty Bond 

Barricade Information S 


ertification of Bidder/Vendor on Anti- Ste 











10 ea aa 20 re aen 30 Calendar Days| Other 
OL O 4 | 


Amendment No. | Date Amendment No. | 
FESTE 
1 

EE NE = Sa 


Date 


2 @ @ @e ek ee kh tf 


BID — 


INC. 






By 
Its PRESIDENT THOMAS M. FISHERING 


Offer 
Date 2518-87 

Bidder agrees to keep bid open for 
acceptance for (90 days 


unless otherwise specified) 


mA 





Compliance: 


O.C. 1484 
B.0.W.. Non-Fed. “Note: 


ACCEPTANCE OF BID/AWARD OF CONTRACT 


City of Fort Wayne 





City Kas 

we <d Å ) Ac 

Award aoe 

Date 


Award will be made on this form 


e 


D. 


ord 


By 


Its PRESIDENT THOMAS M. FISHERING Its 





på < 
P 


The MBE/WBE firm (cross out inapplicable pro- 


vision) shall have % participation (em- 
ployees) % participation (costs) in this 
project. 


Specify the percentage of minority/women ownership 
in the MBE/WBE firm %. (cross out inappli- 
cable provision) 


The undersigned commits 7 % of the total bid price 
as a subcontract to minority business enterprise parti- 
cipation. The MBE firms which are proposed as subcon- 
tractors are the following: 


Name of Firm Address Type of Work 
J Metvipolitar EE 


2. 
3. 


The undersigned commits 2 % of the total bid price 
as a subcontract to women business enterprise participa- 
tion. The WBE firms which are proposed as subcontractors 
are the following: 


Name of Firm Address Type of Work 

IL TR AFG one Guy material 
cs 

S 


Complete (1) and (2) below if participation goals 
of 7% MBE and 2% WBE have not been met. 5 


1. My Company cannot meet the participation 
goals for the following reasons: 


EEE EE DE” VE SRT et A 
PR EE NA EN “2K TE Me Ft OE ely” 
EEE E TE RE AT ah 

2: We have taken the following steps in an 


attempt to comply with these participation 


goals: 


a 


(attach additional sheets as necessary) 
MOO CENSIRJSGGH GO., INC. 


Contractor 





By 





O.C. 19/84 I- 6 


B.O.W. 


Non-Fed 


14. Mino ema Q e = S 

The City's policy is to encourage a greater utilization of 
minority and/or female employees in City construction projects. 
The Board has, therefore, adopted a minimum. goal of 17% of the 
total. work hours on each project to be expended by minority 
and/or female employees. ("Minority" shall include: Blacks, 
Hispanic, Asian, Pacific Islander, American Indian or Alaskan 
Native.) 


The bidder shall state in "A" below the percentage of total 
work hours which the bidder and his subcontractors will employ 
and utilize women and minority employees on this project. If a 
contract is awarded as a result of this bid, the percentage 
figure set forth in "A" shall become contractually binding on the 
bidder. The successful bidder will also be required to prepare 
reports for the City demonstrating compliance with this percen- 
tage and will allow city officials access to his records, 
facilities and work site and to those of his subcontractors to 
determine compliance. 


The bidder must fill in the required blanks in this clause in 
order to be responsive to this IFB. If the bidder does not 
meet or exceed the hourly utilization goal of 17% minority/fe- 
male participation, the reasons for this failure and reason- 
ableness and good faith of efforts to meet this goal shall be 
evaluated to determine whether the bidder is responsible. 


THE FOLLOWING IS THE UNDERSIGNED'S COMMITMENT TO MINORITY/FEMALE 
HOURLY UTILIZATION. 


A. The undersigned firm certifies that it will employ 
and utilize minorities and females and/or will ensure that its 
subcontractors employ and utilize minorities and females so 
that minorities and females will work at least 17% of the total 
hours worked on this project. 


B. Complete (1) and (2) below if the hourly utilization 
figure set forth in "A" is less than 17%. 


l. My Company and its subcontractors cannot meet 
the 17% minimum hourly utilization figure for the 


following reasons: 


ne 
Ñ 





O.C. 12/84 I - 7 
B.O.W. Non-Fed 


2. My Company has taken the following steps in an attempt 
to comply with the 17% hourly utilization figure: 











(attach additional sheets if necessary) 


Contractor Jeno) Llano C0., ING. 













By 
Its PRESIDENT 





15. Required Prevailing Wage Schedule Payments - Pursuant 
to Indiana Code 5-16-7-1. All contractors and subcontractors 
working on the project awarded pursuant to this contract shall 
pay the prevailing wage rates for skilled, semi-skilled and 
unskilled laborers, workmen and mechanics. This wage determin- 
ation has been made in accordance with the procedures set forth 
in Indiana Code 5-16-7-1. This determination and the required 
wage rates are available for examination by any prospective 
bidder at The Board of Public Works and Safety, 9th Floor, 
City-County Building, Fort Wayne, Indiana. 





If a bidder is awarded a contract as a result of this Invitation 
for Bids, he/she/it shall file a schedule of wages, on forms 
provided by the City of Fort Wayne, demonstrating compliance 
with the wage rate determination. The successful prime con- 
tractor shall be responsible for obtaining schedules from all 
subcontractors. All schedules shall be filed before the con- 
tractor commences any work on the project. 


Penalties for failure to pay the prevailing wage rate are set 
forth in Indiana Code 5-16-7-3. 


16. Site Orientation. A site orientation (will/will not) 
be conducted by the City Engineers. If such an orientation 
is conducted, it will be held on the day of t E 
commencing at ___ o'clock __.M. at the site of the project. 


Regardless of whether a site orientation is conducted 
or not, bidders are required to visit the site of the work, 
and inform themselves fully of the conditions, under which the 
work will be performed. The bidders shall be responsible for all 
conditions that affect the work, including, but not limited to 
all sub-surface conditions. å ; 


O.C. 12/84 I - 8 
B.O.W. Non-Fed 


SCHEDULE 
Board of Public Works and Safety 


The contractor agrees to furnish at his/her/its own cost 


all labor, insurance, materials, equipment, and power for the 
complete performance of the following project: 


RESOLUTION 4. 6082=87 Woodhurst Boulevard =- TT ` 


9 lann 


All work will be performed in accordance with: Resolution 
# 6082-97 the IFB, this contract and the applicable plans, specifi- 
cations, and drawings for a TOTAL PRICE of $ ----æ-s-= år 
unit prices are applicable, the contractor agrees to perform 
for those unit prices as set forth in the Schedule of Unit Prices 
attached hereto). ` 


The work shall be commenced within ten (10) days after 
The Board issues a written notice to proceed. All work shall 
be completed within 7/31/87 days after issuance of the notice to 
proceed. Those days which the contractor cannot work because 
of severely inclement weather shall not be counted. 


2 Liquidated Damages Provision. (This clause shall be appli- 


cable to this contract only if the box contains a checkmark or an 
"X".) .It is hereby agreed by and between the City of Fort Wayne 
and Contractor that time is of the essence of this agreement 
and the contractor agrees that it will complete the project 
as herein defined on or before7,/31/g7 days after issuance of the 
notice to proceed. The parties agree that it is a business: and 
governmental necessity that the project be completed by this 
date, that it will be difficult or impossible to make an accurate 
determination of the damages that would be incurred by the City 
of Fort Wayne, and therefore provide for liquidated damages in 
the sum of $_250,00 per day for each and every day after 7/31/8days 
after issuance of the notice to proceed that the project remains 
uncompleted. The parties agree that the sum of $ 250.00 per day 
is a reasonable estimate as to the damages which would be: 
incurred by the City of Fort Wayne. The parties further agree 
that causes beyond the control of the contractor may delay the 
completion date. Therefore, the parties agree that delays in the 
completion date beyond the control of the contractor shall not 
result in liquidated damages. 





Delays beyond the control of the contractor can include but 
are not necessarily limited to, the following: Acts of God, 
strikes, lockouts or industrial disturbances, acts of public 
enemies, restraining orders of any kind by the government of 
the United States of America or of the State of Indiana or any. 
of their departments, agencies, or officials, or any civil.or 
military authority, insurrections, riots, landslides, éarth- 
quakes, fires, incapacitating storms, floods, and explosions. 


O.C. 12/84 S24 
B.O.W. Non-Fed 
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4 =p Continental 
Insurance. BID BOND 


Approved by The American Institute of Architects, 
A.I.A. Document No. A-310 (Feb. 1970 Edition) 


KNOW ALL MEN BY THESE PRESENTS, 


That we TOMCO CONSTRUCTION COMPANY, INC. 











as Principal, hereinafter called the Principal, 
and THE CONTINENTAL INSURANCE COMPANY 





„of New York 
a corporation duly organized under the laws of the State of New Hampshire , as Surety, hereinafter called the Surety, are held 
and firmly bound unto the City of Fort Wayne, Board of Public Works & Safety 




















, aS Obligee, hereinafter called the Obligee, 





in the sum of Five Per Cent 59) of Maximum Bid Se TRESE OEP ENE E EE E E EE rannin Dollars 
(Sie Seek Ay eee, ~), for the payment of which sum well and truly to be made, the said Principal and the said Surety, bind our- 


selves, our heirs, executors, administrators, successors and assigns, jointly and severally, firmly by these presents. 


WHEREAS, the Principal has submitted a bid for __Sidewalk & Curbs 
Res# 6082-87 


Woodhurst Blvd. 








NOW, THEREFORE, if the Obligee shall accept the bid of the Principal and the Principal shall enter into a contract with the Obligee 
in accordance with the terms of such bid, and give such bond or bonds as may be specified in the bidding or contract documents with 
good and sufficient surety for the faithful performance of such contract and for the prompt payment of labor and material furnished in: the 
prosecution thereof, or in the event of the failure of the Principal to enter such contract and give such bond or bonds, if the Principal 
shall pay to the Obligee the difference not to exceed the penalty hereof between the amount specified in said bid and such larger amount 
for which the Obligee may in good faith contract with another party to perform the work covered by said bid, then this obligation shall be 
null and void, otherwise to remain in full force and effect. 






















Sinnedand søke R ay ot MEN Te EL A E 7A 
TOMCO CONSTRUCTION INC. (Seal) 
| (Principal) 
L ee L fork 
(Witness) (Title) 
YASTE, ZENT & RYE AGENCY, INC. CONTI ‘AL, INSURANCE COMPANY (Seal) 
T 
E Ao 
I27-W. BELLY Witness) orney-in-Fact (Title) 


Fort Wayne, IN 46802 


X 


BOND 4392C PRINTED IN U.S.A. 


' ` The Continental Insurance Company 
180 Maiden Lane, New York, New York 10038 


GENERAL POWER OF ATTORNEY 


Know all men by these Presents, That THE CONTINENTAL INSURANCE COMPANY has made, 
constituted and appointed, and by these presents does make, constitute and appoint 


Gerald A. Dahle of Fort Wayne, Indiana 


its true and lawful attorney, for it and in its name, place, and stead to execute on behalf of the said Company, as surety, bonds, undertakings 
and contracts of suretyship to be given to 


All Obligees 


provided that no bond or undertaking or contract of suretyship executed under this authority shall exceed in amount the sum of 
Five Million ($5,000,000) Dollars. 


This Power of Attorney is granted and is signed and sealed by facsimile under and by the authority of the following Resolution adopted 
by the Board of Directors of the Company on the 1st day of November, 1977: 


“RESOLVED. that the Chairman of the Board, the Vice Chairman of the Board, the President, an Executive Vice President or a Senior Vice President or a Vice President of the 
Company. be. and that each or any of them is, authorized to execute Powers of Attorney qualifying the attorney named in the given Power of Attorney to execute in behalf of the 
Company, bonds, undertakings and all contracts of suretyship; and that an Assistant Vice President, a Secretary or an Assistant Secretary be, and that each or any of them hereby 
IS. autnorized to attest the execution of any such Power of Attorney, and to attach thereto the seal of the Company. 


FURTHER RESOLVED, that the signatures of such officers and the seal of the Company may be affixed to any such Power of Attorney or to any certificate relating thereto by 


facsimile. and any such Power of Attorney or certificate bearing such facsimile signatures or facsimile seal shall be valid and binding upon the Company when so affixed and in the 
future with respect to any bond, undertaking or contract of suretyship to which it is attached.” 


In Witness Whereof, THE CONTINENTAL INSURANCE COMPANY has caused its official seal to be hereunto affixed, and these 
presents to be signed by one of its Vice Presidents and attested by one of its Assistant Vice Presidents this 4th day of June, 1984. 


THE CONTINENTAL INSURANCE COMPANY 
Attest: 


TG Pot "D J. Biat 


T.H. Stephens, Assistant Vice President Michael J. Beernaert, Vice-President 





STATE OF NEW JERSEY 
COUNTY OF MIDDLESEX 


On this 4th day of June, 1984, before me personally came Michael J. Beernaert, to me known, who being by me duly sworn, did depose 
and say that he is a Vice President of THE CONTINENTAL INSURANCE COMPANY, the corporation described in and which executed the 
above instrument; that he knows the seal of the said corporation; that the seal affixed to the said instrument is such corporate seal; that it 
was so affixed by order of the Board of Directors of said corporation and that he signed his name thereto by like order. 


Våre A KG 


A Notary Public of New Jersey 
My Commission Expires June 23, 1988 


minn 
w U 
TK NOG Ta 





CERTIFICATE 
I, the undersigned, an Assistant Vice President of THE CONTINENTAL INSURANCE COMPANY, a New Hampshire corporation, DO 
HEREBY CERTIFY that the foregoing and attached Power of Attorney remains in full force and has not been revoked: and furthermore that 
the Resolution of the Board of Directors, set forth in the said Power of Attorney, is now in force. 
Signed and sealed at Piscataway, in the State of New Jersey. Dated the 18th dav ot March 1987. 


PÅ Ps 


James M. Keane, Assistant Vice President 





11 BOND 4315K Printed in U.S.A. 


NON-COLLUSION AFFIDAVIT 


“Whe ‘Bidder: byen otites ud THOMAS M. FISHERING - 
AER, T T re ie ae N AE, 


ger ET LEE ES 
agents or representatives present at the time of filing this bid, being duly 
sworn on their oaths, say that neither they nor any of them have in any way, 
directly or indirectly, entered into any arrangement or agreement with any other 
bidder, or with any public officer of such City of Fort Wayne, Indiana, whereby 
such affiant or affiants or either of them, has paid or is to pay to such other 
bidder or public officer any sum of money, or has given or is to give such 
bidder or public officer anything of value whatever, or such affiant or affiants 
or either of them has not directly or indirectly, entered into any arrangement 
or agreement with any other bidder of bidders, which tends to or does lessen or 
destroy free competition in the letting of the contract sought for by the 
attached bids, that no inducement of any form or character other than that which 
appears upon the face of the bid will be Suggested, offered, paid or delivered 
to any person whomsoever to influence the acceptance of the said bid or awarding 
of the contract, nor has this bidder any agreement or understanding of any kind 
whatsoever, with any person whomsoever to pay, deliver to, or share with any 


other person in any way or manner, any of the proceeds of the contract sought by 
this bid, å 
E 














IMAS M. FISHERING 
Subscribed and sworn to before me by THOMAS M. FISHERING l 
_ this i ¢ day of MARCH GE EE 


My Commission Expires: ad any (dus 


Notary OMD. NEWELL 


Mis ZN E Resident of We? County, IN 


_—_—_— 


em mm mm e mee E ew ee ee ee ee === == a 


Subscribed and sworn to before me by 
this 7 - day of 








My Commission Expires: 
Notary Public 
Resident of . County, IX 


Subscribed and sworn to before me by 
this day of 





My Commission Expires: 
j Notary Public 7 
Resident of County, IN 





Contract No. 


CERTIFICATE IN LIEU OF FINANCIAL STATEMENT 
KR TE DE T EA gå AN DN 


THOMAS M. FISHERING 


Le. ; » the 
(name etre anes ne 
PRESIDENT å TOMCO CONSTRUCTION C0., ING. 


; (position) (company) 
hereby certify: 

(1) That the Financial Statement of said company, dated the 31 
day of IA» » 19 27, now on file in the office of the Board of 
Public Works of the City of Fort Wayne, Indiana, which Financial Statement is by 
reference incorporated herein and made a part hereof, is å true and correct 
statement and accurately reflects the financial condition of said company as of 
the date hereof; 

(2) That I an familiar with the books of said company showing its financial 


condition and am authorized to make this certificate on its beha) 


Dated: S Y7 





(si 
THOMAS M. FISHERING 


SUBSCRIBED AND SWORN TO before me, a Notary Public, in and for said 


County and State, this he A L 
7 ' kg E OE ae hy eo 


A 


Ke Al al > 


DAVID M. NEWELL 


My commission éxpires: 


Y- zi- fè 


"Y 


version 1": 5/1/85“ 

















Å ITEMIZED PROPOSAL CONTRACTOR: [QHCQ GOKSTRUGTIGN CO., ING. 
PROJECT: WOODHURST CURBING RES. NO: 6082-87 
ITEM | ITEM QUANTITY|UNIT|UNIT COST| | AMOUNT 
nO. | | | ($) | ($) 
B REMOVAL 1250 PF 3. £0 | 275 2 
ey CURB TYPE "I-B" 1250 K 4.00 | Se 
Furs REMOVAL 117 på g, & | eG, L 
er 4" SIDEWALK 150 eg 2, 09 | “so. £ 
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TOTAL: E K KER. go. 
Sheet: 17 of I 


Note: Contractor will be paid on measured quantities only at unit price bid 


fer CERTIFICATION OF BIDDER/VENDOR 


ICHCO CONSTRUCTIGH C0., INC. 


The undersigned, on behalf of 
, does hereby make the following representations 

to the City of Fort Wayne, Indiana. 

WHEREAS, it is acknowledged that the Common Council 
of the City of Fort Wayne, Indiana, has Passed an ordinance con- 
demning the apartheid policies of the country of South Africa; 

WHEREAS, Council's “ordinance requires that all Persons, 
firms or corporations submitting bids to the City; for goods and 
services, certify, as Part of the bid, that such entity does not 
Support the policies of apartheid in South Africa. 


The undersigned States, on behalf of 


[SD CONSTRUCTION CO, NG. rar Ton CONSTRUCTIA CO., INE. 


does not support or endorse the policy of apartheid in South Africa. 


IN WITNESS WHEREOF, this Certification has bean signed 


this pg day of PA eg > Fae Ey) 
ae, Å; REE ei SE SE EE AF, 


[ORCO CONSTRUCTION CO., INC. 


; à 
(Name of Bidder/Vendor) 






(Name and Title o erson signin ng) 
THOMAS M. FISHERING. PRESIDENT 


EID TAE DATE: 3-18-97 


PROJ:WOODHURST CURBING RES, ND; 








ITEM: ITEM HOLANTITYIUNTTIUNIT COST) 
NO, I i i bh OG 


VEN Ser i 


1siCURE REMOVAL Eo ALF 5.00 I 


7 NEW CURB TYPE "I-E" SE SREI IRO 
! i onl 


— 3 ICONCRETE REMOVAL ' UF 15: Y<) 5.00 I 


‘ 1 1 1 
1 ' ' ' 








4 "HE 4" SIDEWALK ' 150 S.F 2.00: 


! ' ' 1 ' 
! ' ' i i 


5 iNEW 6" DRIVES ' HOGNE 20.00; 


6 1B-S0RROW 150 THT 


1 ' 1 1 
' ' i ! 


7 TOPSOIL i 50 ITON | 








8 SEED FERT, k MULCH C 400 (5.1, 

















1 1 ' 1 ' 
' k 1 i ' 
1 1 1 i 1 
E ee TE l Dad R Jeg EE NE 
1 ' i ' i 
' ' i 1 t 
D 1 1 1 
E TT ER MT G GÅ i pe CE 

















e TOTAL: 

















BIDDER: i 


REITH-RILEY CONST, CO. i 


LIDDER: | BIDDER: + BIDDER: 


82-87 VTGKCO CONST. CO. INC. | GAINES CONST. CO, HIPSKIND CONCRETE 


AMC INT IT COST: AMDUNT {UNIT COST! AMOUNT UNIT COST! AMOUNT 
p IU) ($) + tt} E ($) + Ast i$) 












UNIT COST:  AMDUNT 
(4) 4 ($) ' 















6250.00 i 2.50 1 4375,00: 2751 3437.50 I 3.50: 4375.00 3,00 7 3750.00 I 








13780,00 : 9,69 I 1125000} 10,75! 13437.50 } 10.50 | 13125.00 i 11.00 1 13750.00 i 


1 1 
1 i 


583,00 | 4,00 I 468,00 I 3,50 i 409.501 5:15 I 602.55} 5.00 I 585.00 








300.00 | 


322.50 





1 

1 

1 1 
i 1 

' 1 

' 1 


450,00 2,25 


ia 
ze 
I 
Kn 
Ss 
ra 
on 


2.50 | 375.00 








2200.08 i 21.00 4 20.00) 20.00: 2200.00 ! 22.35! 2458.50 | 25.00 $ 2750.00 I 
1 1 
1 1 











1 
1 
1 
1 


50.00 i 6.001 309.00 


' 1 
1 


30.001 0.01 1 0,50 1 11.00 i 550.00 1 15.00 I 750,00 | 


1 ' ' 
1 1 i 1 1 1 


300,00 5 1.50 I 600.00; 2.00 | 800,00 | 1,00; 400.00 I 


11,00 I 550,00 


1 


12,00 I 600.00 | 



































































TOTAL: 


$24,485, 00 $19,253.00 1 TOTAL: $20,722.50 | TOTAL: $22,783.55 ! TOTAL 





0,00%!% over 0,00%!% over 0.00111 over 0,00% 
21, I7%1% under 15.3771% under 6.95%% under 6.2 
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7937 
* t Admn. Anor. ° 
“TITLE OF ORDINANCE Contract for Res. 6082-87 - Curbs, Drives & Walks on 


ROT NA 
DEPARTMENT REQUESTING ORDINANCE Board of Public Works & Safety 
SYNOPSIS OF ORDINANCE The Contract for Improvement Resolution #6082-87 
is for the total replacement of curbing and partial replacement 
of drives and yardwalks ON Woodhurst Blvd. from Fairfax Avenue to 
Tacoma Avenue - Bond Issue Phase II. 


Tomco Construction is the 






Contractor. 






———————— 


EFFECT OF PASSAGE Improvement of curbs, drives & yardwalks at above area. 


EFFECT OF NON-PASSAGE 
rå 


MONEY INVOLVED (DIRECT COSTS, EXPENDITURE, SAVINGS) $19,253.00 


—_—— 


ASSIGNED TO COMMITTEE 


BILL NO. S-87-04-19 | læ 
T ee 2 


REPORT OF THE COMMITTEE ON 
Gorumiter tf Zhe EA 
WE, YOUR COMMITTEE ON PHBEEES- WORKS TO WHOM WAS 


approving the Contract 








REFERRED AN (ORDINANCE) (RESGRUETGN ). 
6082-87 - Curbs, Drives and Walks on Woodhurst Blvd, 





For Res. 


between Tomco Construction and the City of Fort Wayne, Indiana, in 


connection with the Board of Public Works and Safety. 

















HAVE HAD SAID (ORDINANCE) (RESO%UPESN} UNDER CONSIDERATION AND BEG 


LEAVE TO REPORT BACK TO THE COMMON COUNCIL THAT SAID (ORDINANCE) 


(RESOBUPFON) 











bøse G. BRADBURY 
ST CHAIRPERSON FREE > GE ee 


PAUL M. BURNS 
de ON AE E A aE 


œ E ' 
JAMES S. STIER 


CHARLES B. REDD 


CONCURRÉDNIN > n en SANDRA E. KENNEDY 
å NTT CITY CLERK 
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